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SUBJECT: FSK ALARM SYSTEM 

STATE FOR A/SY/T 

HONG KONG FOR RTC 

1. FSK ALARM SYSTEM INSTALLED AND TESTED TODAY APPEARS TO BE 
WORKING SMOOTHLY AT ALL POINTS. REQUEST HEADQUARTERS PROCURE 
AND SEND TO EMBASSY MANILA ADDITIONAL FSK TRANSMITTERS ON THE 
FOLLOWING FREQUENCIES: 

6 TRANSMITTERS AT 36 16.5 
8 TRANSMITTERS AT 345 16.5 

PROJECT 90 PER CENT COMPLETED, HOWEVER. ALTERNATE CONDUIT RUN CAUSED 
SHORT FALL IN AVAILABILITY TV CABLE CAUSING US NOT TO BE ABLE TO 
INSTALL CAMERAS AT SOB SOUTH ENTRANCE. 

2. RSO WILL ATTEMPT TO HAVE CAMERA INSTALLED BY VOA TECHNICIANS IF 
HEADQUARTERS CAN PROVIDE ADDITIONAL 400 FEET COAXEL CABLE. 
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